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Program Overview 


¢ $3 billion Accelerated Bridge Program 
(ABP) to reduce the number of 
structurally deficient bridges in the state 
system, while creating thousands of 
construction jobs. 

¢ 5 Mega Projects — over $100M in value 

¢ 2 Mega Projects completed 

¢ 3 Mega Projects scheduled for 2018 
completion 
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ABP-ELIGIBLE STRUCTURALLY DEFICIENT BRIDGE STATUS 
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Not all of Massachusetts’ 5000+ bridges are } 
eligible for Accelerated Bridge Program (ABP) I 
funding. Approximately 600 bridges are | 
a under the control of revenue-generating I 
550 >, agencies not eligible for ABP funds. I 
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Construction Contract Schedule Performance Indicator 
(Current Construction Completion vs Original Contract Completion) 


Current Completion Forecast 
within Original Contract 
Completion 


4 Current Completion Forecast 


less than 90 Days behind 
Original Contract Completion 


Current Completion Forecast 
greater than 90 Days behind 
Original Contract Completion 


On-Time = 68.2% 


Construction Contract Cost Performance Indicator 
(Current Construction Cost Estimate vs Original Contract Encumbrance) 


Current Construction Cost 
Estimate within Original 
Contract Budget 


Current Construction Cost 
Estimate less than 10% over 


Original Contract Budget 


Current Construction Cost 
Estimate greater than 10% 
over Original Contract Budget 


On-Budget = 75.3% 
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68% of projects 
completed by original 
schedule contract 
completion date 


75% of projects within 
90 days of original 
schedule contract 
completion date 


75% of projects on 
budget 


86% of projects within 
10% of budget 
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Braga Bridge - Fall River “4° 


Original Construction Budget 
Current Construction Budget 
Current Status 

Schedule 
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$227,728,310 ($140.5M of ABP funding and $87.2M of non-ABP funding) 

$233,199,689 (S$133.36M of ABP funding and $99.8M of non-ABP funding) 

Complete 

Full Beneficial Use was declared in July 2016 for the ABP-funded portion of the project, Substantial 
Completion of the entire project was declared in October 2016 
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